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19 april 1961 


Attention: Mr. ars 25X1A9a 


Gentlemen: 25X1A5a1 
25X1A5a1 Reference is made to Task Order No. 4 to Contract No. — 


The final cost and property audit of this task order has been 
submitted to this office by the Project Auditor. Costs in the amount 
of $50,000.00 have been approved under the task order subject to your 
submission of the following: 


1. Contractor's final release. 

2. Contractor's assignment of refunds, rebates and credits. 
3. Contractor's patent and royalties reports. 

4, Gontractor's final invoice. 

5, Listing of residual property. If none, please so advise. 


The approved cost plus the fixsd-fee of $3,000.00 result in a final 
Contract Price of $53,000.00. 


It 4s requested that the above documents be prepared and submitted 
te this office at your earliest convenience in order that the task 
order may be closed. 


Very truly yours, 
gand 


25X1A9a 
25X1A9a Contracting s.. 
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